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SUBJECT: CCC RENOVATION, ACCRA 

REF: MONROVIA 6232 

1 . A MEETING WAS HELD IN ACCRA ON 23 SEP 77 TO DISCUSS THE STATUS 
OP THE ACCRA CCC RENOVATIONS, AND TO REVIEW THE SPECIPICATION 
PREPARED BY COMSPEC RAPIER IN APRIL 1977. IN ATTENDANCE WERE 
REPRESENTATIVES OP ACCRA ADMIN/GSO, RSO/TSO ABIDJAN, RCO ACCRA 
AND ATO MONROVIA. THE POLLOWING PARAGRAPHS SUMMARIZE THE AGREE- 
MENT REACHED CONCERNING THE INDIVIDUAL RESPONSIBILITIES OP THE 
OPFICES INVOLVED. 

2. ATO MONROVIA WILL: 

A. PROVIDE ALL ELECTRICAL MATERIALS FOR THE CCC, THE CCC 
GENERATOR BUILDING AND THE CONDUIT/CABLE RUN BETWEEN CCC AND 
GENERATOR BUILDING. ATO WILL ALSO PROVIDE THE DROP CEILING AND 
VINYL PLOOR TILE POR THE ENTIRE CCC. 
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B. REMOVE OR RELOCATE EXISTING WIRING TO ALLOW DEMOLITION 
OP INTERIOR CCC WALLS (COMPLETED). 


C. REWIRE ENTIRE CCC PROM MAIN DISTRIBUTION PANEL (MDP) 
ACCORDING TO DTS-IS-I STANDARDS. 
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3. RSO/TSO ABIDJAN WILL: 

A. RELOCATE VAULT DOOR TO NEW CCC ENTRANCE. 

B. RELOCATE AIR CONDITIONERS IN CCC. 

C. REMOVE EXISTING ACOUSTIC AND CARPET TILE. 

D. DEMOLISH INTERIOR WALLS. 

E. CONSTRUCT AND EINISH NEW WALLS, HAND DOORS. 

E. TILE FLOOR. 

G. HAND SUSPENDED CEILING. 

4. GSO ACCRA WILL: 

A. PROCURE ALL CONSTRUCTION MATERIALS FOR THE CCC, TRENCH 
AND GENERATOR BUILDING, INCLUDING EUEL TANK AND LINES. 

B. ERECT NEW OUTER CCC WALL (WALL COMPLETED, CONCRETE FRAME 
EOR VAULT DOOR YET TO BE POURED). 

C. NEGOTIATE AND ADMINISTER CONTRACT EOR: 
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(1) CONSTRUCTION OE GENERATOR BUILDING AND TRENCH 

(2) CONSTRUCTION AND BURIAL OE EUEL TANK AND LINES 

(3) INSTALLATION OE EQUIPMENT IN GENERATOR BUILDING 

(4) INSTALLATION OE CONDUIT, FEEDERS, CONTROL LINES 
AND GROUND RUN BETWEEN GENERATOR BUILDING AND CCC 

(5) INSTALLATION OE GROUND FIELD 

(6) INSTALLATION OF MDP AND REMOTE CONTROLS IN CCC 

D. ARRANGE EOR COMMERCIAL POWER TO BE ROUTED TO NEW GENERA- 
TOR BUILDING. 

5. RCO ACCRA WILL: 

A. ASSEMBLE AND FORWARD TO DEPARTMENT A PACKAGE DETAILING 
THE WORK STILL TO BE ACCOMPLISHED, AND JUSTIFYING THE ADDI- 
TIONAL EUNDING THAT WILL BE REQUIRED. 

B. PREPARE MORE DEFINITIVE SPECIEICATIONS AND DRAWINGS 
EOR CONSTRUCTION OE THE GENERATOR BUILDING. 

6. TIMING OE THE VARIOUS ACTIONS WAS ALSO DISCUSSED. CONSTRUC- 
TION OE THE NEW ERAME EOR THE VAULT DOOR WILL BE EINISHED BY 
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7 OCTOBER; SEABEES WILL BE ON SITE AS SOON AS POSSIBLE THERE- 
AETER TO COMPLETE PARAGRAPH 3A THROUGH E ITEMS ABOVE. CONTRACT 
AWARD MUST BE EXPEDITED, SINCE ALL CONTRACTOR ITEMS MUST BE 
COMPLETED BEEORE THE JURY-RIGGED WIRING IN THE CCC CAN BE 
REMOVED AND THE NEW POWER WIRING INSTALLED. 

CARTER 
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